1608                                 UNIT  CONSTRUCTION   COSTS
Fourteen 14-ft. 10-in. lintels, made of 8-in. channels.
Six 11-ft. 6-in. lintels, made of 8-in. channels.
Seven hundred forty 14 in. by 20 in., 1 in. thick factory ribbed glass window panes.
One hundred sixty-four KiJ in. by  19J in.,  J in. thick   factory ribbed glass
window panes.
Eighty-two 14 in. by 19i in., $ in. thick factory ribbed glass window panes. Twenty 15 in. by 20 in., J in. thick factory ribbed glass window panes.
Steel window and door frames for the above list.    (See Wig, ]OT>.)
Account 8717.11—Concrete Sills.
Same as account 8703.11, but the following product:
Thirteen $1 in. by 10 in., 14 ft. long mils.
Two 8i in. by 10 in., 11 ft. (\ in. long Hills. Two Hi in. by 10 in.,   (I ft. 0 in. long sills. (See Fig. 21.)
Account 8717.20—Tile Walls.
Same as account 8703.20.
Account 8717.21—Unloading Tile.
Same as account 8703*21.
Account 8717.22—Wall Coping.
Same as account 8703.22.
Account 8717.30—Roof.
Same as account 8703.30. This roof contains 77.21 squares, equal to 14,543 b.m. 2 by 8 lumber.
Account 8717.31—Ventilators.
Same as account 8703.31.   Three 48-in. Hurt ventilators used here.
Account 8717.40—Floor.
This account covens the eo«fc of the material awl labor required to lay this flocr. Six inch by eight inch stringers wen* laid 2 ft, 0 in, on
centers with earth tamped iti between them. On the stringers No, 3 grade, 3 in, by 12 in. white cedar planking of various lengths was spiked down. (See Fig. 24.)
Account 8717,60—Benches,
Same as account 8703.50.
Account 8717.60—Painting.
Same as account 8703.00.
Account 8718—Crane.
This is the same as account 870*1, with the exception that the* crane hero used is of 5 ton capacity.anels steel. One 11 ft. by 12 ft. steel sliding door, with forty 14 in. by 20 in. lights, unglazed,
